TRIGONOMETRICAL SURVEY, IRELAND. 



REPORT on the Trigonometrical Survey of Ireland . 



Office of Ordnance, 

SIR, 23 May 1834. 

Agreeably to the order which you have transmitted from the House of 
Commons, dated yesterday, for a copy of the last Report, respecting the 
Trigonometrical Survey of Ireland, to the Board of Ordnance, I am com- 
manded by the Board to transmit to you herewith a copy of the last Progress 
Report made to them of the above Survey, by Lieut.-Colonel Colby, the 
superintendant. 

J. H. Ley, Esq. I have, &c. 

House of Commons. 11. Byliam. 



Ordnance Survey Office, 

SIR, Dublin, 4 April 1834. 

In obedience to the Master-General’s Instructions of the 20th October 1828, 
Art. 12th, I have the honour to report the Progress of the Irish Survey during 
the quarter ending the £5 1st March 1834. 

In the county of Tyrone, the baronies of Strabane and Omagh, and parts of 
the baronies of Clogher and Dungannon, making together 658,633 acres, had 
been completed for valuation when the last quarter’s report was made. 

Since that period, the following quantities have been completed, viz. : — 

By Lieut. Dalton - - 29,600 acres. 

Stotherd 39,516 

Bailey 15,950 



Progress during the quarter - - 85,066 



In the county of Down, the following quantities have been completed during 
the quarter, viz. : — 



By Lieut. Bordes 7)340 acres. 

Tucker - - 9,579 

James ------- 21,100 

Bennett 8,400 

Progress during the quarter - - 46,919 



In the county of Donegal, the following quantities have been completed 
during the quarter, viz. : — 

By Lieut. Lancey - 

Vicars - - " 

Wilkinson - 
Fenwick - 

Mould - - - - 

Broughton 

Progress during the quarter 



In the county of Fermanagh, the following quantities have been completed 
during the quarter, viz. : — 

By Lieut. ’Greatorex - 
Chayton 

Progress during the quarter 



40,000 acres. 
22,754 



62,754 



32,431 acres. 

19,437 

24,000 

19,977 

24,000 

25,268 
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Summary of Progress. 



. County of Tyrone 
Down 
Donegal - 
Fermanagh 
Monaghan 
Finished counties 



l find the principal valuator requires several copies of the engraved maps, 
in order to enable him to bring the valuation of a county into effect, and that 
it will be requisite to make additional arrangements to expedite the engraving, 
by increasing the number of engravers, to equal the increasing progress of the 
Survey. I shall, therefore, propose the necessary measures for that service. 
The expenses during the December quarter of 1833 were 8,304/. 8$. 11c/. 

I have, &c. 

Major-General Pilkington, (signed) Thos. Colby , 

&c. &c. &c. Lieut.-Col. Royal Engineers. 



During the Quarter. 

85,066 acres. 

- 46,919 

- 145,113 

- 62,754 

0 



339,852 



Total. 

74*3,699 acres. 
434,324 
339,640 
134,038 
15,314 
- 1,280,237 

2,947,252 
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